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MEMORANDUM FOR: T he Honorable Carl Vinson 

Chairman 

House Committee or Armed Services 
WftfUngtoa Zb, D» C. 

ATTENTION: Mr. Bebert Smart 

Chief Counsel 

SUBJECT: Central Intelligence Agency Building 

Appropriation Estimate* 


i Xh* original estimate of the coat of construction of the 
Central 6rtrtU*«c. A««ey BMdqrartet. lMtnUntten. 
n., 4 * w fhe Agency Planning Stall, was $55,990,900. The original 
estimate by the Public Building Sendee was $50, $00,000. After 
review, the Bureau ef the Budget reduced the Agency to 

$50,000,000 and approved that amount for Inclusion in the Defease 

Cent traction Bill for 1055. 

2, The House authorised $50,000,000 in Title 5, H.R. $820, 

«4th C «|K». Howm, tl» Ararad S"**” 9®"”?“** 

ncwmoM a raduetton la ti» .other! rattan to $4*. 

THU «. S. 1T«, Mth Coagifa... Afta, a rarf«rrae«. t. ^ : UMary 

Cra.twctioc Act of 1»S» (P.U •*-»«> ♦ 4 ‘- 8 ^* 0W 

....traction of boiiaug.. UclUtt... wtrtaoaac... *“ 

.CO... road*. p»« *1.009.000 for th. prachaa. ofUoi *»* “• 
■Section of the I^a*l.y •!«* tM. Utt.r Urn wa» dropped from th. 
appropriation request. 

3. on review in early 195$, we found the cost index had increased 
sad that, in effect, an additional $10,000,090, er very close to our 
original estimate, would be required at that time to house mU of our 

employees. 
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TUi wu ««t forth in identical letters to the Chairmen of 

Senate and Honat Committees. A copy of the letter to Chairman Vinton 
ia attached. It will alao he noted that at &at time the Agency total 
strength. u well ae the number ol headquarter* personnel. was 
| lee* than it la today. 


4. For ea«y reference, appropriate extracts from the Military 
Construction Act of 1955, the Supplemental Appropriation Act of 1956, 
and the Supplemental Appropriation Act. 1957. are attached. 


25X1 


KTsnmy 

JOHN S. WARNER 
Legislative Counsel 


Aff actoaen f * 

Aa stilted. 

— * — "O 


LC 




tJ<L. 
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